CITY OF FAIRFIELD 


RESOLUTION NO. 2014-115 


RESOLUTION OF THE CITY COUNCIL APPROVING SPECIFICATIONS AND 
AWARDING A CONTRACT TO VSS INTERNATIONAL, INC., FOR THE 2014 SEAL 
COAT PROJECT - CORDELIA VILLAGES, GREEN VALLEY LAKE, RANCHO 

SOLANO, NELSON HILL 


WHEREAS, the bid opening for the 2014 Seal Coat Project; Cordelia Villages, Rancho 
Solano, Green Valley Lake, Nelson Hill took place on May 6, 2014; and 

WHEREAS, the apparent low bidder was VSS International, Inc., in the amount of 
$1,100,000; and 

WHEREAS, staff has reviewed the bid from VSS International, Inc., and found it to be in 
order. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The specifications for the 2014 Seal Coat Project; Cordelia Villages, Rancho 
Solano, Green Valley Lake, Nelson Hill are hereby approved. 

Section 2. The City Manager is authorized to enter into a contract with VSS 
International, Inc., for the 2014 Seal Coat Project; Cordelia Villages, Rancho Solano, 
Green Valley Lake, Nelson Hill in the amount of $1,100,000. 

Section 3. The Director of Public Works is authorized to negotiate and execute a 
contract change order(s) to expand the limits of the project to seal additional streets in 
an amount not to exceed 25% of the bid amount. 

Section 4. The City Manager is authorized to enter into an escrow agreement for 
security deposits in lieu of retention for said contract, if necessary. 

Section 5. The City Manager is hereby authorized to implement the above-mentioned 
contract and escrow agreement. 
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PASSED AND ADOPTED this 3rd day of June 2014, by the following vote: 

AYES: COUNCILMEMBERS: _ PriceA/accaro/Bertani/Mov/Mraz 

NOES: COUNCILMEMBERS: _ NONE 

ABSENT: COUNCILMEMBERS: _ 

ABSTAIN: COUNCILMEMBERS: 


ATTEST: 


NONE 


NONE 
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CITY CLERK 
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ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the l l day of 2014, by and 

between CITY OF FAIRFIELD, party of the first part, hereinafter called the CITY, and VSS 

INTERNATIONAL, INC., party of the second part, hereinafter called the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, 
acting directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter 
named, agree as follows: 

I. SCOPE OF WORK 


The CONTRACTOR hereby agrees to furnish all of the materials and all of the equipment 
and labor necessary and to perform all of the work described in the specifications for the 
project entitled; 


2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 

all in accordance with the requirements and provisions of the following Documents which 
are hereby made a part of this Agreement: 

a. Plans prepared for same by_N^^_ 

numbered_N/A_ 

and dated_N/A_ 

b. Advertisement for Bids. 

c. The Accepted Bid, dated May 5, 2014 _ 

d. Instructions to Bidders. 

e. Specifications consisting of: 

1) Specific Provisions. 

2) Special Provisions. 

3) General Provisions. 

4) City of Fairfield Standard Details and Specifications, 1998 edition. 

5) Standard Specifications issued by State of California, Department of 

Transportation, Division of Highways, dated July, 2006. 

f. Performance Bond, dated ^ \ 'l _, 20j^. 

g. Labor and Material Bond, dated . ^ u rv _I ^ _, 20 / V . 
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All of said documents are intended to cooperate so that any work called for in one and not 
mentioned in another, or vice versa, is to be executed and performed the same as if 
mentioned in all of said documents. Said documents, comprising the complete Contract, 
are sometimes hereinafter referred to as the Contract Documents. Should there be any 
conflict between the terms of this instrument and the bid or proposal of CONTRACTOR or 
any of the other Contract Documents, this instrument shall control. 

II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon 
written notice to proceed. 

b. The work shall be completed within 40 working days after the date of 
written notice to proceed. 

c. Failure to complete the work within the number of days stated in this Article, 
including extension granted thereto as determined by the City Engineer, 
shall entitle the City to deduct from the monies due to the CONTF^CTOR as 
"Liquidated Damages" (LD’s) an amount equal to Five Hundred Dollars 
($500) for each calendar day or fraction thereof that expires after the time 
specified herein for the Contractor to complete the work and the facility or 
improvements are usable for its intended use. LD’s shall apply cumulatively 
and shall be presumed to be damages suffered by the City resulting from 
delay in completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover 
administrative, overhead, general loss of public use damages, interest on 
bonds and lost revenues when applicable, suffered by the City as a result of 
delay. LD’s shall not cover the cost to of complete the work, damages 
resulting from defective work, costs of substitute facilities, or damages 
suffered by others who then seek to recover their damages from the City (for 
example, delay claims from other contractors, sub-contractors, tenants, or 
third-parties, and defense costs thereof). 

ill. CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the 
Contract the amounts determined for the total number of each of the 
following units of work completed at the unit price stated thereafter. The 
number of units contained in the attached schedule is approximate only, and 
the final payment shall be made for the actual number of units that are 
incorporated in or made necessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the 
Contract that cannot be classified as coming under any of the Contract units, 
may be done at mutually agreed-upon unit prices, or on a lump sum basis, 
or under the provisions of Section 6 of the General Provisions. 
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2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 


Schedule A Bid Items - Cordelia Villages 


Item 

No. 

Item of Work 

Unit 

Qty 

Item Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

$4,860.00 

$4,860.00 

2 

TRAFFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 

$20,000.00 

$20,000.00 

3 

REMOVE EX. STRIPING, PAVEMENT MARKING & 
RAISED PAVEMENT MARKERS 

LS 

1 

$6,300.00 

$6,300.00 

4 

SLURRY SEAL WITH FIBER ADDITIVE 

SY 

207,000 

$1.30 

$269,100.00 

5 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PAVEMENT MARKERS 

LS 

1 

$9,450.00 

$9,450.00 

6 

REPLACE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 

$2,625.00 

$2,625.00 


Schedule A Bid= $ 312.335.00 
Schedule B Bid Items - Green Valley Lake _ 


Item 

No. 

Item of Work 

Unit 

Qty 

Item Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

$4,660.00 

$4,660.00 

2 

TRAFFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 

$15,000.00 

$15,000.00 

3 

REMOVE EX. STRIPING, PAVEMENT MARKING & 

RAISED PAVEMENT MARKERS 

LS 

1 

$2,625.00 

$2,625.00 


SLURRY SEAL WITH FIBER ADDITIVE 

SY 


$1.27 


B 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PAVEMENT MARKERS 

LS 

1 



1 ® 

REPLACE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 

$2,100.00 

$2,100.00 


Schedule B Bid = $ 192.330.00 
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Schedule C Bid Items - Rancho Solano 


Item 

No. 

Item of Work 

Unit 

Qty 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

$10,000.00 

$10,000.00 

2 

TRAFFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 

$20,000.00 

$20,000.00 

3 

REMOVE EX. STRIPING, PAVEMENT MARKING & 

RAISED PAVEMENT MARKERS 

LS 

1 

$5,460.00 

$5,460.00 

4 

RUBBERIZED CHIP SEAL FOR CAPE SEAL 

SY 

68,000 

$3.57 

$242,760.00 

5 

SLURRY SEAL FOR CAPE SEAL 

SY 

68,000 

$1.36 

$92,480.00 

6 

SLURRY SEAL WITH FIBER ADDITIVE 

SY 

104,000 

$1.32 

$137,280.00 

B 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PAVEMENT MARKERS 

LS 

1 

$9,975.00 

$9,975.00 

8 

REPLACE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 

$8,715.00 

$8,715.00 


Schedule C Bid = $ 526.670.00 


Schedule D Bid Items - Nelson Hill Reservoir 


Item 

No. 

Item of Work 

Unit 

Qty 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

$2,549.00 

$2,549.00 

2 

LEVEL AND COMPACT AB 

LS 

1 

$33,858.00 

$33,858.00 

3 

LOCATE, PROTECT AND RAISE EX. UTILITY BOXES TO 
GRADE 

EA 

4 

$1,500.00 

$6,000.00 

4 

RUBBERIZED DOUBLE CHIP SEAL 

SY 

3,800 

$6.91 

$26,258.00 


Schedule D Bid = $ 68.665.00 

Total Bid = $ 1.100,000.00 























































































IV. 


PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this 
contract. This contract shall be voidable at the option of the City if this provision is 
violated. 

V. WORKERS' COMPENSATION 


Contractor hereby certifies that Contractor is aware of the provisions of Section 
3700 of the Labor Code which require every employer to be insured against liability 
for workers' compensation or to undertake self-insurance in accordance with the 
provisions of that Code, and that Contractor will comply with such provisions before 
commencing the performance of the work of this contract. 

IN WITNESS WHEREOF, the parties have executed this Agreement the day and year first 
above written. 




VSS International, Inc. 


CONTRACTOR 



Licensed in accordance with an act providing for the 
registration of contractors. 

Contractor's License: 

a. Class; A, B, C-12 _ 

b. Number: 293727 _ 

c. Expiration Date: 3/31/2015 _ 

FEI Number: 94-2270766_ 
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EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1,2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following: (To be complete by the department) 

Deoartment: 

Date of Contract: 

Authorized bv Res. No.: 

Contract Expiration Date: 

Person Reviewina EDD Reauirements: 

Phone: 



EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply 
with EDD reporting requirements: 


A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, limited 
liability corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social 
security number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANTS federal 
tax identification number. 


Dear Contracting Company: 


Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 


Please indicate the type of business and provide the information requested: 

BOX 1 




FULL NAME 

IfoC. 

ADDRESS 

5 C. OAA n FI _ Opj 1 

CITY, STATE, ZIP 

tOEsr 6AcefvmmTr^. (^.A _ 


AND 

BOX 2 







SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


mm 

CORPORATION 



LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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PERFORMANCE BOND Bond No: 929594411 

Premium: $3,300.00 


KNOW ALL PERSONS BY THESE PRESENTS that: 
WHEREAS the City of Fairfield {“City”) has awarded to _ 

VSS International, Inc., 3785 Channel Drive, West Sacramento, CA 95691 


(Name and address of Contracto/) 

("Contractor”) a contract (the "Contract”) for the work described as foliows; 

2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 

WHEREAS, Contractor is required under the terms of the Contract to furnish a bond for 
the faithful performance of the Contract. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Western Surety Company, 333 South Wabash Avenue, Chicago, IL 60604 


(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of one Million one Hundred 

Thousand and 00/100 


Dollars f$ 1 . 100.000 00 _), this amount being not less than one hundred 

percent (100%) of the total contract price, in lawful money of the United States of 
America, for the payment of which sum well and truly to be made, we bind ourselves, our 
heirs, executors, administrators, successors, and assigns, jointly and severally, firmly by 
these presents, 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, shall in 
all things stand to and abide by, and well and truly keep and perform all the undertakings, 
terms, covenants, conditions and agreements in the Contract and any alteration thereof 
made as therein provided, on the Contractor's part to be kept and performed, all within 
the time and in the manner therein specified, and in all respects according to their true 
intent and meaning, and shall indemnify and hold harmless City, its officers, agents, and 
others as therein provided, then this obligation shall become null and void; otherwise, it 
shall be and remain in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs and 
reasonable attorneys' fees in an amount fixed by the court. 
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FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed thereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. City is the principal beneficiary of this bond and 
has all rights of a party hereto. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of its governing body. 


Dated: June 12, 2014 


"Contractor" 


“Surety" 

VSS International, Inc. 


Western Surety Company 

By;_ C 


Bv: 'ilU^yl' 17W>V 

Title 


Title Moon, Attorney-in-Fact 

Bv; 


Bv: 

Title 


Title 


(Seal) 


(Seal) 


Note: This bond must be executed in duplicate and dated, all signatures must be notanzed, and evidence of the 
authority of any person signing as attorney-in-fact must be attached. 
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ACKNOWLEDGMENT 


State of California 

County of_ Yolo _) 


On 




before me, Elizabeth R. Lowrie, Notary Public 
(insert name and title of the officer) 


personally appeared Jeff Roberts _^ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 


1 certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature 






tLIMBfcTH R. LOWRIE 


Commissinn # 1957638 t 

Notary Public - California 1 

County 5 

- My Comm, Expires Oct 22, 2015 t 


(Seal) 






ACKNOWLEDGMENT 


State of California 

County of_ Sacramento _) 


On June 12, 2014 _before me, Rosalie A. Miszkiel, Notary Public _ 

(insert name and title of the officer) 

personally appeared Nicki Moon _ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 



Signature 


(Seal) 



ROSAUE A. MISZKIEL 

COMM. #2009056 
Notary Public-Califomia 
SACRAMENTO COUNTY 
My Comm. Exp. Feb. 28,2017 
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western Surety Company 

POWER OF ATTORNEY APPOINTING INDIVIDUAL ATTORNEY-IN-FACT 

Know All Men By These Presents, That WESTERN SURETY COMPANY, a South Dakota corporation, is a duly organized and existing corporation 
having its principal office in the City of Sioux Falls, and Stale of South Dakota, and that it does by virtue of the signature and seal herein affixed hereby 
make, constitute and appoint 


David Weise, Thomas R Hucik, Lynn Patton, Rosalie A Miszkiel, P A Gouker, Nicki Moon, 
Individually 


of Rancho Cordova, CA, its tme and lawful Attorney(s)-in-Fact with full power and autliority hereby conferred to sign, sea! and execute for and on its behalf 
bonds, undertakings and other obligatory instruments of similar nature 

- In Unlimited Amounts - 

and to bind it thereby as fully and to the same extent as if such instruments were signed by a duly authorized officer of the coiporation and all the acts of said 
Attorney, pursuant to tlie authority hereby given, are hereby ratified and confirmed. 

This Power of Attorney is made and executed pursuant to and by authority of the By-Law printed on the reverse hereof, duly adopted, as indicated, by 
the shareholders of the corporation. 

In Witness Whereof, WESTERN SURETY COMPANY has caused these presents to be signed by its Vice President and its corporate seal to be 
hereto affixed on this Wi day of May, 2013. 

WESTERN SURETY COMPANY 

__ 

^aul T. Bruflai, Vice President 


State of South Dakota 
County of Minnehaha 

On this 9th day of May, 2013, before me personally came Paul T. Bruflat, to me known, who. being by me duly sworn, did depose and say: that he 
resides in the City of Sioux Falls, State of South Dakota; that he is the Vice President of WESTERN SURETY COMPANY described in and which executed 
the above instrument; that he knows the seal of said corporation; that tlie seal affixed to the said instrument is such corporate seal; that it was so affixed 
pursuant to authority given by the Board of Directors of said corporation and that he signed his name thereto pursuant to like authority, and acknowledges 
same to be tlie act and deed of said corporation. 



fo . 'II 


My commission expires 
June 23, 2015 


J. MOHR 

/g^NOTARY PUBLIC 
V^ySOUTH DAKOTaVJ^ 






Mola, Notary Public 


CERTIFICATE 


I, L. Nelson. Assistant Secretary of WESTERN SURETY COMPANY do hereby certify that tbc Power of Attorney hereinabove set forth is still in 
force, and further certify that the By-Law of the corporation printed on the reverse hereof is still in force. In testimony whereof I have hereunto subscribed 
my name and affixed the sea! of the said corporation this_ 12th of June _ 2014, 

WESTERN SURETY COMPANY 




/ L, Nelson, Assistant S 


Secretary 
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PAYMENT BOND 

(LABOR AND MATERIALS) Bond No: 929594411 

Premium: Included in Performance Bond 

KNOW ALL PERSONS BY THESE PRESENTS that: 

WHEREAS the City of Fairfield (“City”) has awarded to_ 

VSS International, Inc., 3785 Channel Drive, West Sacramento, CA 95691 


(Name and address of Contractor} 

("Contractor”), a contract (the "Contract”) for the work described as follows: 

2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 

WHEREAS. Contractor is required under the terms of the Contract and the California Civil 
Code to secure the payment of claims of laborers, mechanics, materialmen, and other 
persons as provided by law. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Western Surety Company, 333 South Wabash Avenue, Chicago, IL 60604 


(Name and address of Surety) 

("Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of_ 

One Million One Hundred Thousand and 00/100 

Dollars ($ 1,100,000.00 _), this amount being not less than one hundred percent 

(100%) of the total contract price, in lawful money of the United States of America, for the 
payment of which sum well and truly to be made, we bind ourselves, our heirs, executors, 
administrators, successors, and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, or 
subcontractors shall fail to pay any of the persons named in Section 3181 of the California 
Civil Code, or any amounts due under the Unemployment Insurance Code with respect to 
work or labor performed under the Contract, or for any amounts required to be deducted, 
withheld, and paid over to the Employment Development Department from the wages of 
employees of the Contractor and subcontractors pursuant to Section 13020 of the 
Unemployment Insurance Code, with respect to work or labor performed under the 
Contract, the Surety will pay for the same in an amount not exceeding the penal sum 
specified in this bond; otherwise, this obligation shall become null and void. 

This bond shall inure to the benefit of any of the persons named in Section 3181 of the 
California Civil Code so as to give a right of action to such persons or their assigns in any 
suit brought upon the bond, in case suit is brought upon this bond, Surety further agrees 
to pay all court costs and reasonable attorneys' fees in an amount fixed by the court. 
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FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed thereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of its governing body. 


Dated: June 12,2014 


“Contractor" 


“Surety" 

VSS International, Inc. 


Western Surety Company 

By:_ 


Bv: 

Title Ci4i€P 


Title Nick! Moon, Attorney-In-Fact 

V 

By: 


Bv: 

Title 


Title 


(Seal) 


(Seal) 


Note: This bond must be executed in duplicate and dated, all signatures must be notarized, and evidence of 
the authority of any person signing as attorney-in-fact must be attached. 
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ACKNOWLEDGMENT 


State of California 

County of_ Yolo _) 

before me, Elizabeth R. Lowrie, Notary Public 
(insert name and title of the officer) 

personally appeared Jeff Roberts __ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity{ies), and that by his/her/their signature{s) on the instrument the 
person(s). or the entity upon behalf of which the person{s) acted, executed the instrument. 


I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 
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CERTIFICATE OF ACKNOWLEDGMENT - Attorney-in-Fact 

STATE OF CALIFORNIA ) 

COUNTY OF _ Sacramento \ gg 


On this J . 2th day of __ in the year before me, the undersigned 

Notary Public in and for said state, personally appeared Nicki Moon __ who 

proved to me on the basis of satisfactory evidence to be the person whose name is 
subscribed to the within instrument, as the Attorney-in-Fact of Western Surety Company 
acknowledged to me that he/she subscribed the name of NickiMoon __ 


thereto as principal and hte/her own name as Attorney-in-^acL— 


(SEAL) 1 



ROSALIE A. MISZKIEL 
COMM. #2009068 ® 

Notary Publlc-CalHomia j 
SACRAMENTO COUNTY R 

MyCornm.Exp.gbW ^ 



Notary Public in andTor the 

County of Sacramento 


State of California 
My Commission Expires 2 / 28/2014 
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ACKNOWLEDGMENT 


State of California 

County of_ Sacramento _) 


On June 12, 2014 before me, Rosalie A. Miszkiel, Notary Public 

(insert name and title of the officer) 

personally appeared Nicki Moon _ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature 



(Seal) 



ros^e aI mikkiel t 

COMM. #2009058 
Notary Publlc-Californla 
SACRAMENTO COUNTY n 
My Comm. Exp. Feb. 28,2017 {| 
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western Surety Company 

POWER OF ATTORNEY APPOINTING INDIVIDUAL ATTORNEY-IN-FACT 

Know All Men By These Presents, That WESTERN SURETY COMPANY, a South Dakota corporation, is a duly organized and existing corporation 
having its principal office in the City of Sioux Falls, and State of South Dakota, and that it does by virtue of the signature and seal herein affixed hereby 
make, constitute and appoint 

David Weise, Thomas R Hucik, Lynn Patton, RosaMe A Miszkiel, P A Gouker, Nicki Moon, 
Indmdually 


of Rancho Cordova, CA, its true and lawful .Attomey(s)-in-Fact with fiill power and autliority hereby conferred to sign, seal and execute for and on its behalf 
bonds, undertakings and other obligatory instruments of similar nature 

- In Unlimited Amounts - 

and to bind it thereby as fiilly and to the same extent as if such instruments were signed by a duly autliorized officer of the corporation and all the acts of said 
Attorney, pursuant to ttie authority hereby given, are hereby ratified and confirmed, 

Tliis Power of Attorney is made and executed pursuant to and by authority of the By-Law printed on the reverse hereof, duly adopted, as indicated, by 
the shareholders of the corporation. 


In Witness Whereof, ViffiSTERN SURETY COMPANY has caused these presents to be signed by its Vice President and its coiporate seal to be 
hereto affixed on this Wi day of May, 2013. 



WESTERN SURETY COMPANY 



state of South Dakota ) 

> ss 

County of Minnehaha ) 

On this 9th day of May, 2013, before me personally came Paul T, Bruflat, to me known, who, being by me duly sworn, did depose and say; tliat he 
resides in the City of Sioux Falls, State of South Dakota; tliat he is the Vice President of WESTERN SURETY COMPANY described in and which executed 
the above instrument; that he knows the seal of said coiporation; that the seal affi.xed to the said instrument is such corporate seal; that it was so affixed 
pursuant to authority given by the Board of Directors of said corporation and that he signed his name thereto pursuant to like authority, and acknowledges 
same to be tlic act and deed of said corporation. 


My commission expires 
June 23, 2015 


J. MOHR i 

^^^NOTARY PUBLIC 
V^ilSOUTH DAKOTaVc^^ 


CERTIFICATE 




Molr, Notary Public 


I. L. Nelson, Assistant Secretary of'W'ESTERN SURETY COMPANY do hereby certify that the Power of Attorney hereinabove set forth is still in 
force, and further certify that the By-Law of the corporation printed on the reverse hereof is still in force. In testimony whereof I have hereunto subscribed 
my name and affixed the seal of llie said corporation this__day of 


June 


2014 



WESTERN SURETY COMPANY 


/ V,^ T. Nelson. Assistant S 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


PROPOSAL 

2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 
To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the proposed work, that he has 
examined the plans, specifications, and ail the contract documents, and hereby proposes to 
furnish all materials, labor, equipment, and perform all the work in strict accordance with said 
plans, specifications, and contract documents in consideration of the attached schedule. 

The undersigned further agrees that, upon written acceptance of this bid, he will within fifteen 
(15) working days of receipt of such notice execute a formal contract agreement with the City of 
Fairfield, with necessary bonds and certificate and city standard form endorsement of insurance. 
He also agrees that, in the case of default in executing the contract, the proceeds of the check 
or bond accompanying his bid shall become the property of the City of Fairfield. 

The undersigned agrees that, rf awarded the contract, he will commence the work upon written 
notice to proceed and shall diligently prosecute the same to completion before the expiration of 
40 working days from the date of said written notice to proceed. 

Bids are to be submitted for the entire work. 

The amount of the bid for comparison purposes will be total amount of bid. 

The bidder shall set forth for each unit basis item of work an item price and a total for the item, 
and for each lump sum item a total for the item, all in dearly legible figures in the respective 
spaces provided for this purpose. In the case of unit basis items, the amount set fortii under the 
'Total" column shall be tiie extension of the item price bid on the basis of the estimated quantity 
for this item. 

In case of discrepancy between the item price and the total set fortii for a unit basis item, the 
item price shall prevail, provided, however, if the amount set forth as an item price is ambiguous, 
unintelligible or uncertain for any cause, or is omitted, or is the same amount as the entry in the 
’Total" column, then the amount set forth in tiie "Total" column for the item shall prevail and shall 
be divided by the estimated quantity for the item and the price ttius obtained shall be the item 
price. 

The following quantities are approximate only, being given as a basis for the comparison of bids, 
and the City of Fairfield does not expressly or by implication agree tiiat the actual amount of 
work will (xirrespond therewith and reserves the right to increase or decrease the amount of any 
portion of the work or to omit portions of tiie work as may be deemed necessary or advisable by 
the Engineer. The undersigned further agrees to accept the aforesaid unit bid prices in 
compensation for any additions or deductiorrs caused by variation in quantity due to more 
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accurate measurement or by any changes or alterations in the plans or specifications of the 
work. 

Bidder acknowledges receipt of the following addenda: 



2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 


Schedule A Bid Items - Cordelia Villages 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 


BISRilBH 

2 

nWFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 


mm 


REMOVE EX. STRIPING, PAVEMENT MARKING & 
RAISED PAVEMEITT MARKERS 

LS 

1 

RES 


■■ 

SLURRY SEAL WITH FIBER ADDITIVE 

SY 

207,000 

■SB 

tllilOil 

5 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PAVEMENT MARKERS 

LS 

1 

EI^B 

REBI 

6 

REPALCE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 




Schedule A Bid= $ 


Schedule B Bid Items - Green Valley Lake 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

ERSES 

Tmsm 

2 

TRAFFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 


lEISSSBi 

3 

REMOVE EX. STRIPING, PAVEMENT MARKING & 
RAISED PAVEMENT MARKERS 

LS 

1 



4 

SLURRY SEAL WITH FIBER ADDITIVE 

SY 

131,000 



5 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PANOAENT MARKERS 

LS 

1 

mm 

mam 

6 

REPLACE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 


mmsm 


Schedule BBid = $_ 
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Schedule G Bid Items - Rancho Solano 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

KRIS 


2 

TRAFFIC CONTROL & CONSTRUCTION SIGNAGE 

LS 

1 

•3.0.000.*^ 


3 

REMOVE EX. STRIPING, PAVEMENT MARKING & 
RAISED PAVEMENT MARKERS 

LS 

1 

RHS 


4 

RUBBERIZED CHIP SEAL FOR CAPE SEAL 

SY 

68,000 

tsm 


5 

SLURRY SEAL FOR CAPE SEAL 

SY 

68,000 

[SB 


6 

SLURRY SEAL WITH FIBER ADDITIVE 

SY 

104,000 


IBigJsiil 

B 

REPLACE THERMOPLASTIC STRIPING & RAISED 
PAVEMENT MARKERS 

LS 

1 

SSBSE3I 

EBB 


REPLACE THERMOPLASTIC PAVEMENT MARKING 

LS 

1 


mnam 


Schedule C Bid = 


s 55(.,iolO 


00 


Schec 

lule D Bid Items - Nelson Hill Reservoir 

Item 

No. 

Item of Work 

Unit 

Quantity 

Item 

Price 

Total Price 

1 

MOBILIZATION 

LS 

1 

d.’SMNl 

BUEUI 

2 

LEVEL AND COMPACT AB 

LS 

1 



3 

LOCATE. PROTECT AND RAISE EX. UTILITY 

BOXES TO GRADE 

EA 

4 

iSS 

MSSEBi 

4 

RUBBERIZED DOUBLE CHIP SEAL 

SY 

3,800 


wssma 


Schedule D Bid = $ 

Total Bid = $ I j 1 QlQjQCO 


Bidder shaii complete the form for each schedule legibly and In its entirety. Incomplete 
forms may be grounds for disqualification of the bid. 
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2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of 
subcontractors is submitted with the proposal and made a part thereof. The bidder shall note 
that he shall perform with his own organization at least 50% of the work with the remainder of the 
work performed bv sub-contractors. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed 
under the contract, he shall be deemed to have agreed to perform such portion himself, and he 
shall not be permitted to subcontract that portion of the work except under the conditions 
hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or necessity, 
and then only after receiving written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor 
or render service to the Contractor in or about the construction of the project and that portion of 
the work to be performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) 
of work to be performed 

Percent 
of Total 




Ef^ 

j\QjBrs _ 








2 ) 












3) 












4) 













Note; Attach additional sheets if required 
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NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


-^. Roberts __ being first duly sworn, deposes and says that he or she is 

_ Chief Operations Officer _Of_ VSS International, Inc. 

the party making tfie foregoing bid, that the bid is not made in the interest of, or on behalf of, any 
undisclosed person, partnership, company, association, organization, or corporation; that file bid 
is genuine and not collusive or sham; that the bidder has not directly or indirectly induced or 
solicited any other bidder to put in a felse or sham bid, and has not directly or indirectly colluded, 
conspired, connived, or agreed with any bidder or anyone else to put in a sham bid, or that 
anyone shall refi'ain from bidding; that the bidder has not in any manner, directly or indirectly, 
sought by agreement, communication, or conference with anyone to fix the bid price of the 
bidder or any other bidder, or to fix any overhead, profit, or cost element of the bid price, or of 
that of any other bidder, or to secure any advantage against the public body awarding the 
contract of anyone interested in the proposed contract; that all statements contained in the bid 
are true; and further, that the bidder has not, directly or indirectly, submitted his or her bid price 
or any breakdown thereof, or the contents thereof, or divulged information or data relative 
thereto, or paid, and will not pay, any fee to any corporation, partnership, company association, 
organization, bid depository, or to any member or agent thereof to effectuate a collusive or shani 
bid. 


I cerfify (or declare) under penalty of perjury under the laws of the State of California that the 
foregoing is true and correct. 



NOTE: THIS FORM MUST BE NOTARIZED. 
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VSS International, Inc. 


Name of Firm 


_ 3785 Channel Dr. West Sacramento, CA 95691 

Business Address 


_ (916) 373-1500 

Phone Number 



Contractor's License: 

a. ,Class: _ a, b, c-12 

b. Number:_ 293727 



c. Expiration Date: 

3/31/2015 


FEI Number: 

94-2270766 


If corporation or partnership, give legal name of corporation, president, secretary, treasurer, 
or names of all partners. 


VSS International, Inc. 


Jeffrey R. Reed, President Jeff Roberts, Chief Operations Officer 
_Jordan Reed, Treasurer Diane M. Minor, Secretary_ 
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BID BOND 


KNOW ALL PERSONS BY THESE PRESENTS that: 


WHEREAS the City of Fairfield (“City”) has issued an invitation for bids for the work described 
as follows: 


2014 SEAL COAT PROJECT 

Cordelia Villages, Green Valley Lake, Rancho Solano, Nelson Hill 

WHEREAS International, Inc. 

_ 3785 Channel Drive, West Sacramento, CA 95691 _ 

(Name and address of Bidder) 

(“Contractor”) desires to submit a bid to City for the work. 

WHEREAS, bidders are required under the provisions of the California Public Contract Code 
to furnish a form of bidder's security with their bid. 


NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Western Surety Company 

_ 333 South Wabash Avenue, 41st Floor, Chicago, IL 60604 _, 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as Surety, 
are held and firmly bound unto City in the penal sum of 10 % of the total amount bid 


Dollars ($ 10% of bid _), being not less than ten percent (10%) of the total 

bid price, in lawful money of the United States of America, for the payment of which sum well 
and truly to be made, we bind ourselves, our heirs, executors, administrators, successors, 
and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded Contractor 
is awarded a contract for the work by City and, within the time and in the manner required by 
the bidding specifications, enters into the written form of contract included with bidding 
specifications, furnishes the required bonds, one to guarantee faithful performance and the 
other to guarantee payment for labor and materials, and furnishes the required insurance 
coverages, then this obligation shall become null and void; otherwise, it shall be and remain 
in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs incurred by 
City in the suit and reasonable attorneys' fees in an amount fixed by the court. Surety hereby 
waives the provisions of California Civil Code § 2845. 

IN WITNESS WHEREOF, this instrument has been duly executed by Contractor and Surety, 
on the date set forth below, the name of each corporate party being hereto affixed and these 
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presents duJy signed by its undersigned representative(s) pursuant to authority of its 
governing body. 


Dated; April 30, 2014 


“Contractor” 

VSS International, Inc. 


By:_ 

Title 



By: 

Title 


“Surety” 

Western Surety Company 



By:_ 

Title 


(Seal) (Seal) 

Note: This bond must be dated, all signatures must be notarized, and evidence of the authority of any person signing as 
attomey-in-fact must be attached. 


P-9 






ACKNOWLEDGMENT 


state of California 

County of__) 


On May 5, 2014 _before me, Elizabeth R. Lowrie, Notary Public 

(insert name and title of the officer) 


personally appeared Jeff Roberts _^ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 

<Sea„ 



\ 


ELIZABETH R. LOWRIE 
Commission # 1957638 
Notary Public - California 
Yolo County 
My Comm. Expires Oct 22, 20151 


iNNAt 







ACKNOWLEDGMENT 


state of California 

County of_ Sacramento _) 


On April 30, 2014 before me, Rosalie A. Miszkiel, Notary Public 

(insert name and title of the officer) 

personally appeared Thomas R. Hucik _ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature, 


(Seal) 



«.■ 'M aji 04 


ROSALIE A. MISZKIEL 

COMM. #2009058 
Notary Public-Calitomia 
SACRAMENTO COUNTY 
MyCkjmm. Exp. Feb. 23,2017 
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western Surety Company 

POWER OF ATTORNEY APPOLNTLNG INDIVIDUAL ATTORNEY-LN-FACT 

Know All Moi By These Presents, That WESTERN SURETY COMPANY, a South Dakota corporation, is a Ally organized and existing coiporation 
having its principal office in the City of Sioux Falls, and State of South Dakota, and that it does by virtue of the signature and sea! lierein affixed hereby 
make, constitute and aj^oinl 


David Weise, Thomas R Hucik, Ljun Patton, Rosalie A Miszkiel, P A Gouker, Nicki Moon, 
Individually 


of Rancho Cordova, CA. its true and lawfiil Attorney(E)-ui-Fact with full power and authority hereby conferred to sign, seal and execute for and on its behalf 
boixis, undertakings and other obligatory instruments of similar nature 

- In Unlimited Amounts - 

and to bind it thereby as fully and to the same extent as if such instruments were signed by a duly aulhorized officer of the corporation and all the acts of said 
Attorney, pursuant to the authority hereby given, are hereby ratified and confirmed 

This Power of Attorney is made and executed pursuant to and by authority of the By-Law jirinled on the reverse hereof, duly adopted, as indicated, by 
the shareholders of the corporation. 

In Witness Whereof. WTiSTERN SURETY COMPANY has caused these presents to be signed by its Vice President and its corporate sea! to be 
hereto affi.xed on this ^ day of May, 2013. 

WESTERN SURETY COMPANY 


Stale of South Dakota 
County of Miimchaha 

On this 9lh day of May, 2013, before me personally came Paul T. Bruflat, to me known, wlio, being by me duly sworn, did depose and say; lliat he 
resides in the City of Sioux Falls, State of South Dakota; that he is the Vice President of WESTERN SURETY COMPANY described in and which executed 
the above instrument; that he knows the seal of said corporation; that the seal affixed to the said instrumenl is such corporate seal; that it wtis so affixed 
pursuant to authority given by the Board of Directors of said coiporation and that he signed his name thereto pursuant to like authority, and acknowledges 
same to be tlie act and deed of said corporation. 





My commission expires 
June 23, 2015 


J, MOHR 
SNOTARY PUBLIC/ 
y SOUTH DAKOTAN 





J. Moiff, Notary Public 


CERTIFICATE 


1. L, Nelson, Assistant Secretary of WTISTERN SURETY COMPANY do hereby certify that the Power of Attorney hereinabove set forth is still in 
force, and fuitlicr certify that tlie By-Law of the corporation printed on the reverse hereof is still in force In testimony w hereof 1 have hereunto subscribed 
my name and affixed tlie sea! of die said corporation this_ 30^1 _day of_ April _. 2014 

““ WESTERN S U R E 1’ Y C O M P A N Y 



/ L, Nelson, Assistant Secretary' 
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